UNIT  CONSTRUCTION   COSTS
1523
Shafting, Pulleys and Belting
LIN. FT. OF    LABOR COST	MATERIAL  COST         TOTAL COST
NUMBER      NAME OF ACCOUNT      SHAFTING AMOUNT PER FT.	AMOUNT     PER FT.   AMOUNT PER FT.
7804          Sampling plant ........         85          $04 .01    $0 . 75	$1,871.07    $22.01   $1,935.08 $22.70
8107          Roasting plant ........       104          118.24      0.72	1,999.89      12.20     2,118.13    12.92
870G         Boiler   and   blacksmith	
shop ...............        51          105.59      2.07	301.10        5.91         400.75      7.98
8720          Machine and carpenter	
shop ...............       102          289.29      1.79	1,513.30        9.34     1,802.05    11.13
8849 . 2     Sample room ..........         20            23 . 39      0 . 89	170.17        0.55         193.50      7.44
Structural Steel	
NUMBER                               NAME OP ACCOUNT	„,                    COST AMOUNT            TONS            ^   „,
7308 . 2     Trestle approach to reverb, building ...............	S13.400.84          103.97        $82.09
7310         Briclpjo No. 1 ...................................	377.40              3.70        102.00
7314         Trestles to receiving bins ........................	9,209.48          109.35          84.77
7403         deceiving bins ..................................	29,276 . 03          353 . 00          82 . 92
7703         Crushing plant .................................	2,420.30            25.07          90.54
7803         Sampling plant .................................	10,408.12          110.85          93.89
7903         Bedding plant ..................................	47,404.80          548.71          80.39
8103         Roasting plant .................................	37,252.07          445.28          83.00
8123         Roaster dust chamber ...........................	34,745.41          4 15. OS          83.59
8303         Reverberatory plant .............................	40,799 . 70          40 1 . 00          88 . 48
8306 . 2     Flues from boilers to reverb, fluo ..................	2,815.32            34.78          80.95
8308         Boiler building .................................	25,839.85          292.03          88.48
8403         Converter plant ................................	09,359.00          783.80          88.48
8423         Converter dust chamber .........................	20,371.20          238.30          85.49
8503         Conveying system ..............................	19,305.98          211.73          91.47
8014         Reverberatory fluo ..............................	3,593.00            41.01          80.35
8024         Converter fluo ..................................	0,010.44            81.99          80.70
8029         Roaster dust chamber  fluo ......................	9,209.30            94.4.0          97.49
8703         Boiler and blacksmith shop ......................	2,913.90            32.72          89.00
8717         Machine and carpenter shop .................... .	3,431.42            3K.23          89.70
8H12          Warehouse .....................................	3,734.08            39.70          93.92
9003         Power houae ...................................	23,773.13          254.29          93.49
9014.02   North and tunith nmiriB ............... . ..........	7,094.58            SO. 81          88.04
9017.02   Feed water heating; plant ........................	2,202.90            20.03          84.98
Total	$420,300.35      $4,839.99         $87,33
Tile   Walls	
LABOK COST	MATERIAL COHT          TOTAL GOBT
NUMBER     NAMM ov ACCOUNT       Cu. FT,    AMOUNT   -, "'—	I* Bill          .                            PKIt AMOUNT   _,    „      AMOUNT    ,,    .,
Cu. FT.	
8100.02   Roaster flues .........       2,305         $374.82    $0.10	$400.30    $0.17        $775.18       t().33
8123.10   Roaster iluHt chamber.     14,980       2,208.29     0.15	2,585.45     0.17       4,853.74         0.32
8423.10   Converter duet cham-	
ber ................        0,309        1 ,020.05     0.25	2,182.40     0.34       3,802.45         0.00
8013         Rovorboratory fluo....       0,400        1,272.80     0.20	1,090.39      0.20       2,909.25         0.40
8028         Roaster dunt chamber	
fluo. ..............       4,231        1,018.13      0.24	1,573.00     0.37       2,501.19         (UU
8703.20   Boiler and blacksmith	
shop ..............       2,297          477.95     0.21	012.02     0.27       1,090.57         0.48
8717 . 20   Machine and carpenter	
shop ..............       2,397           531.45     0.22	571.28     0.24       1,102,73         0.40
8812. 20   Warehouse ...........       2,342           438.00     0. 19	477.80      0.20          915.80         0.39
9003. 10   Power house .........      14,343        3,850.83     0.20	4,510.20      0.31       8,307.03         0.58
9017.03   Feed    water    heating	
plant .......... ....          706          285.99     0.41	234.30     0.33          520.35         0.74
9017. 242 Condensed water pump	
house ............ ..          257            98.87     0.38	84.28     0.33          183.15        0.71
Total ................     56,087    $12,243.24    $0.22	$14,928.20    $0.20   $27,171.50       $0.48
